BH Skate Park Working Party 
MEETING MINUTES 


Date: Tuesday, 11" October 2022 
Time: 6:30 pm 
Location: The Fox 


Called By: Dave Wright (Chair) 


Summary: Monthly meeting of the Bar Hill Skatepark Working Party 


Note Taker: | Andy Pellew (Secretary) 


Documents: | REF1 SPO06 20220906 Meeting Minutes.pdf 


00 | Apologies for absence — Geof Tamulonis (GT), Eddie Wright (EW) 


Present: Dave Wright (DW - Chair), Anthony Mitchell (AM — Vice Chair), Andy Pellew (AP - 
Secretary), Stephen Keeves (SK), George Gardner (GG), Peter Stockton (PS), Brian 
Howard (BH) 


01 | Minutes of Previous Meeting — 

Once change, item 10, insert the words “benefit of the” so that the first question now 
reads; “Do you want the Parish Council to build a skatepark for the benefit of the 
village?” 


Proposer: AM, Seconder AP. All in favour of the modified version. 


02 | Declaration of interests for any agenda items — None other than those listed on Agenda. 


03 | No announcements from the Chair/ Vice Chair 


10 | Proposal was modified to read “Seek the support of the Financial Officer from the Parish 
Council for help/ guidance on funding.” 


Suggestion was to plan for a budget of around £200k and to use Band C/D properties for 
the financial calculation. 


Proposer: AP, Seconder: DW. All in favour 


11. | AM reported contacting 25 companies but tht only 2 have positively responded. Other 
who have responded say they are “not building skateparks at the moment”. 
AM reported; 
- Difficult to get indicative quotes given increase in costs of building materials, and 
- Nocompanies have responded with indicative quotes at this time 


AM + GG to contact another potential vendor — Bayton Park 


One of the companies needs 2D documents. DW to provide to AM to continue 
discussions. 


Given how AM is struggling to get quotes it was suggested that after getting three quotes 
AM return to the meeting to discuss further (rather than trying to get 4, 5, etc). 


12 | The next step is the Parish Poll. 


97 | No additional agenda items were proposed. 


98 | Date and location of next meeting: 08 November 2022 @ 18:30 in the Fox 


99 | Meeting closed @ 19:20 


Dave Wright 
(Chair) 


Dated: - 


Andy Pellew 
(Secretary) 


